


MEHRAN UNIVERSITY OF ENGINEERING & TECHNOLOGY. 

SHAHEED ZULFIOAR ALI BHUTTO CAMPUS. KHAIRPUR MIR’S 

Phone No.0243-9280314 

No. PD/MUET/KHP/-^& 
Dated: 28-02-2018 


Manager (Reforms) 

Sindh Public Procurement Regulatory Authority, 

Government of Sindh, 

Barrack 8 Secretariat 4A 
Court Road, Karachi. 

COLORING AND PAINTING WORK OF CIVIL ENGINEERING 

DEPARTMENT AT MUET. SHAHEED Z.A BHUTTO CAMPUS KHAIRPUR 

MIR’S. 

Reference: NIT No:PD/MUET/KHP/-348 Dated: 15.11.2017, SPPRA Sr.No.35264 

Dear Sir, 

Please find enclosed herewith the Letter of Award, BOQ, Contract Agreement; BER 
and Contract Evaluation Form for hoisting on SPPRA Website as required under Rule No.50 of 
SPPRA 2010 and amended 2017. 

It is pertinent to mention here that the BER along with other required documents 
have already been sent to SPPRA under Rule 45 of SPPRA Rule 2010 vide this office letter No. 
PD/MUET/KHP/-11 Dated: 08-01-2018 and the same has been hoisted on SPPRA Website on 
19-01-2018. (Copy enclosed). 


Subject: 


With Best Regards, 


C.C 



PROJECT DIRECTOR 
MUET, SZAB, CAMPUS KHAIRPUR MIR’S 


1. Deputy Director, ICPC MUET, SZAB Campus Khairpur Mir’s.Letter of Award, BOQ, 
Contract Agreement and Contract Evaluation Form for uploading on web-site of 
MUET, SZAB Campus Khairpur Mif s. 

2. Secretary to Pro Vice Chancellor, MUET, Shaheed Z.A.B Campus Khairpur Mir’s. 










MEHRAN UNIVERSITY OF ENGINEERING & TECHNOLOGY. 

SHAHEED Z.A BHUTTO CAMPUS KHAIRPUR MIR’S 

Phone No.0243-9280314 


No. PD/MUET/KHP/-45 
Dated: 23.02.2018 


To, 


y 


M/s Zaidi Enterprise, Karachi 


WORK ORDER 


SUBJECT: - COLORING AND PAINTING WORK OF CIVIL ENGINEERING DEPARTMENT 
AT MEET, SHAHEED Z.A BHUTTO CAMPUS KHAIRPUR MIR’S 

Reference: Your Percentage /Item Tender, Dated: 07.12.2017. 


C.C To: 


1. Director Finance, MUET, Jamshoro. 


2. Director (W& SP), MUET, Jamshoro. 

3. Deputy Director Finance, MUET, Shaheed Z.A Bhutto Campus Khairpur Mir’s. 

4. The Secretary to Vice Chancellor, MUET, Jamshoro, for favour of information. 

5. Executive Engineer, MUET, Shaheed Z.A Bhutto Campus Khairpur Mir’s. 

6. The Secretary to Pro-Vice Chancellor, MUET, Shaheed Z.A Bhutto Campus Khairpur Mir’s. 


I am pleased to inform you that your percentage rate tender quoted by you for the subject work has been 
approved by the Competent Authority for the Rs. 1,484,319.17 on the following Terms & Conditions. 

1. No Escalation shall be allowed on any item. 

2. No Mobilization Advance shall be allowed. 

\ ou are therefore advised to please attend the office of the undersigned within seven days for executing 
the agreement (on duly adhesive stamped paper), and complete the other formalities to start the work at 
site. You are also advised to start the work within seven days positively & complete the work within Two 
months according to specifications under the supervision of Executive Engineer. The completion time 
period shall be reckoned from the date of start of the work, which is 07 days positively after the date of 
issuance of this letter and no delay in completion of the work will be tolerated. 



(ENGR.SAJJAD HUSSAIN MEMON) 

PROJECT DIRECTOR 











MEHRAN UNIVERSITY OF ENGINEERING & TECHNOLOGY. SHAHEED Z.A 

BHUTTO CAMPUS KHA1RPUR MIR’S. 


SCHEDULE -B 


NAME OF WORK:- COLORING AND PAINTING WORK OF CIVIL ENGINEERING 
DEPARTMENT AT MUET, SHAHEED Z.A BHUTTO CAMPUS 
KHAIRPUR MIR’S. 


s. 

No. 

DESCRIPTION 

Unit 

QTY. 

RATE 

(Rs.) 

AMOUNT 

(Rs.) 

1 

Part-I Schedule Item 





1 

1. Scraping, 

Ordinary distember, io; bound distember 
or paiht on walls. 

CSI No.54(b) Page# 13 

%Sft 

71825.84 

226.88 

162,958.47 

2 

2. A. Preparing the surface and painting 
with matt finish paint of approved make 
to old matt finish surface. 

CSI No.37(a) Page#55 

%Sft 

71825.84 

1045.00 

750,580.03 


2. B) 2nd & subsequent coat 

CSI No.37(b) Page#55 

%Sft 

71825.84 

727.38 

522,446.79 

5 

5. Cleaning painted wood work with oil 
and water. CSI No. 1(a) Page#68 

%Sft 

3000.00 

158.40 

4,752.00 

6 

6. French polishing complete. 

CSI No.7(b) Page#71 






b. On old work 

%Sft 

3000.00 

1952.50 

58.575.00 


Total 

1,499,312.29 


Premium c ? / % About*-/ Below on S.l 

llMz. ii 


Totif Amount Rs. ( 



































r. 962865 
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FORM OF C(^N I^Jct V$(jto'ki'tij&T^ \ • 0 2 .2. |g 


Mils CONTRACT AGREEMENT made on the 28'" February day of 2018 between 
M e h r a n University of E n g i neeri ng & Technology, S h a h e e d Z. A 
Mh lit to Campus Kltairpur Mil’s of the one part and M/s Zaidi Enterprises, 
Karachi of the other part. 

\\ 1II RIAS the Procuring Agency is desirous that certain Works, viz COLORING & 
V UNTING WORK OF CIVIL ENGINEERING DEPARTMENT AT Ml JET, SHAHEED 
/ A BHUTTO CAMPUS KHAIRPUR MIR'S vide work order No.PD/MUET/KHP/-45 
dated: 23-02-2018 an amounting to Rs. 1,484,319.17 should be executed by the Contractor 
imI has accepted a Bid by the Contractor for the execution and completion of such Works 
and the remedying of any defects therein. 


()\\ ihis Agreement witnesseth as follows: 

I In this Agreement words and expressions shall have the same meanings as are 
respectively assigned to them in the Conditions of Contract hereinafter referred to. 

The following documents after incorporating addenda, if any except those parts 
relating to Instructions to Bidders, shall be deemed to form and be read and construed as 
part of this Agreement, viz: 

(a) The Letter of Acceptance; 

(b) The completed Form of Bid along with Schedules to Bid; 

(c) Conditions of Contract & Contract Data; 

(d) The priced Schedule of Prices/Bill of quantities (BoQ); 

(e) The Specifications; and 

In consideration of the payments to be made by the Procuring Agency to the 
Contractor as hereinafter mentioned, the Contractor hereby covenants with the 
Procuring Agency to execute and complete the Works and remedy detects therein in 
conformity and in all respects within the provisions of the Contract. 

I The Procuring Agency hereby covenants to pay the Contractor, in consideration of the 
execution and completion of the Works as per provisions of the Contract, the Contract 
Price or such other sum as may become payable under the provisions of the Contract at 
the times and in the manner prescribed by the Contract. 
























































IN WITNESS WHEREOF the parties hereto have caused this Contract Agreement to be 
executed on the dav, month and year first before written in accordance with their respective 


laws. 


Signature of the C^Htaetor r 

luM 1 



signed; 1 Sealed and Delivered in the presence of: 


Witness: 








, ( > . /jh&A *'12. Its , 

vJs./vU/* 

, rJiUJet) *UiK( (j 

1 Same. 1 ule and Address) 


a 




Signature of the Procuring Agency 
PROJECT DIRECTOR 
,, ffl SlwMed'ZJl BhiiiPTT,ti,i 1H is 
t^eai; Khairpur Mir’s 


Witness: 



f 

MMET 

-yyA u Vv^> « 

(Name. Title and Address) 









Bid Evaluation Report 

1. Name of Procuring Agency: Mehran University of Engineering & Technology', Shaheed Z.A 

Bhutto Campus Khairpur Mir’s. 

2. l ender Reference No:PD/MUET/KIIP/-348 Dated: 15-11-2017 

3. Tender Description/Name of work/item: Coloring and Painting work of Civil Engineering Department at 

MUET, Shaheed Z.A Bhutto Campus Khairpur Mir’s. 

4. Method of Procurement: Domestic / Local 

5. Tender Published: SPPRA W ebsite on 16-11-2017 

Print & Electronic Media (SPPRA Sr. No. 35264 , website on dated: 16-11-2017 & MUET\ 
SZAB Campus website on dated: 19-1 l-2017)(Daily Sindh Express Dated: 17-11-2017, The 
News Dated: 17-11-2017 & Rozana Jung Karachi Dated: 17-11-2017). 

6. Total Bid documents Sold: One (01) No. 

7. Total Bids Received: Two (02) No. 

8. Technical Bid Opening date: (if applicable) N/A 


(Provide details in separate form) 


9. No. of Bid technically qualified (if applicable): 

10. Bid(s) Rejected: _ NIL _ 


N/A 


11. Financial Bid Opening date: 

12. Bid Evaluation Report: 


07-12-2017 


No 

Name of Firm or 
Bidder 

Cost offered by 
the Bidder 

Ranking in 
terms of 
cost 

Comparison 

with 

Estimated cost 

Reasons for 
acceptance/ 
rejection 

Remarks 

0 

1 

2 

3 

4 

5 

6 

1. 

M/s Zaidi Enterprises, 
Karachi 

Rs. 1.484,319.17 

1 st lowest 

-1% Below 

Accepted for having 
related experience & 
fulfilling other requirement 


2. 

M/s Mazhar 

Enterprises, 

Hyderabad 

Rs. 1,484,319.17 

1 st lowest 

-1% Below 

For not having related 
experience, hence rejected 
as per rule No. 46(i) (a). 



Signatures of the Members of the Committee. 



Engr. MiFSajjadYlussain Talpur 
Principal PTTI/GCT, Khairpur Mir's 
External Member 


med Memon 
“Dffioer Khairpur 



Dr. Syed Nav££d Raza Shah 
Chairman Civil Engg. Deptt: 

MUET, SZAB Campus Khairpur Mir’s 
Member 


in 




Engr. Ghulam Mujtaba Abbasi 
Executive Engineer (Electrical) SALU, Khairpi 
External Member 





hanna 
Finance 
Campus Khairpur MirVMember 


<Ar 

Ei(gV*Naveed Ali Brohi 
Assistant Engineer (Electrical), 
Member / Secretary 
SZAB Campus Khairpur Mir’s 


Engr. Sajjad Hussain Memon 
In-charge Project Director 

MUET, Shaheed Z.A Bhutto Campus, Khairpur Mir's/Convener 































SINDH PUBLIC PROCUREMENT REGULATORY AUTHORITY 


CONTRACT EVALUATION FORM 


TO BE FILLED IN BY ALL PROCURING AGENCIES FOR PUBLIC CONTRACTS OF 

WORKS, SERVICES & GOODS 

MUET, Shaheed Z.A Bhutto Campus Khairpur Mir's 


1) NAME OF THE ORGANIZATION / DEPTT. 

2) PROVINCIAL / LOCAL GOVT./ OTHER 

3) TITLE OF CONTRACT 

4) TENDER NUMBER 

5) BRIEF DESCRIPTION OF CONTRACT 

6) FORUM THAT APPROVED THE SCHEME PDWP Sindh 

7) TENDER ESTIMATED VALUE 


Provisional Government 

Coloring and Painting work of Civil Engineenng Department at MUET. Shaheed Z.A 
Bhutto Campus Khairpur Mir' s 

PD/MUET/KHP/-348 Dated: 15-11-2017 

Coloring and Painting work of Civil Engineering Department at MUET. Shaheed Z.A 
Bhutto Campus Khairpur Mir’ s 


1,484,319.17 


8) ENGINEER’S ESTIMATE 
(For civil works only) 

9) ESTIMATED C 

10) TENDER OPE 


1,500,000 00 



RIOD (AS PER CONTRACT) 

07-12-2017 


11) NUMBER OF 
(Attach list of buyers) 

12) NUMBER OF BIDS RECEIVED 

13) NUMBER OF BIDDERS PRESENT AT 


14) BID EVALUATION REPORT 
(Enclose a copy) 


15) NAME AND ADDRESS OF THE SUCCESSFU 


One (01) No 


16) CONTRACT AWARD PRICE 


17) RANKING OF SUCCESSFUL BIDDER IN EVALUATIO 
(i.e. I s ', 2 nd , 3 rd EVALUATION BID). 1st Lowest 



18) METHOD OF PROCUREMENT USED : - (Tick one) 

a) SINGLE STAGE - ONE ENVELOPE PROCEDURE Domeslic 

b) SINGLE STAGE - TWO ENVELOPE PROCEDURE_ 

c) TWO STAGE BIDDING PROCEDURE_ 

d) TWO STAGE - TWO ENVELOPE BIDDING PROCEDURE 



PLEASE SPECIFY IF ANY OTHER METHOD OF PROCUREMENT WAS ADOPTED i.e. 
EMERGENCY, DIRECT CONTRACTING ETC. WITH BRIEF REASONS: 


1/3 



















































Vice Chancellor 


19) APPROVING AUTHORITY FOR AWARD OF CONTRACT 


20) WHETHER THE PROCUREMENT WAS INCLUDED IN ANNUAL PROCUREMENT PLAN? 


Yes 


No 

✓ 


21) ADVERTISEMENT : 

i) 


SPPRA Website 
(If yes, give date and SPPRA Identification No.) 


Yes 

SPPRA No.35264 dated: 16-11-2017 

No 



ii) News Papers 

(If yes, give nanuuf newspapers and dates) 


22) NATURE OF CO 



Yes 

Daily Sindh Express Dated: 17-11-2017. The News Dated: 
17-11-2017 & Rozana Jung Karachi Dated 17-11-2017 

No 



23) WHETHER QUALIFICA1 

WAS INCLUDED IN BIDDING / TENDEF 
(If yes, enclose a copy) 


ENTS? 


24) WHETHER BID EVALUATION CRITERIA 

WAS INCLUDED IN BIDDING / TENDER DOC1 jytfpTS't 
(If yes, enclose a copy) 



METHOD OTHER THAN OPEN COMPETITIVE BIDDIflGJa 
26) WAS BID SECURITY OBTAINED FROM ALL THE BIDDERS? 


27) WHETHER THE SUCCESSFUL BID WAS LOWEST EVALUATED 
BID / BEST EVALUATED BID (in case of Consultancies) 

28) WHETHER THE SUCCESSFUL BIDDER WAS TECHNICALLY 
COMPLIANT? 


Domestic/ 

Local 

✓ 

Int. 



Yes 


No 



Yes 


No 

✓ 

fpD FOR USING A 

| Yes 

c 

No 

✓ 


Yes 

✓ 

No 



Yes 


No 

✓ 


Yes 


No 

✓ 


29) 


WHETHER NAMES OF THE BIDDERS AND THEIR 
THE TIME OF OPENING OF BIDS? 


QUOTED PRICES WERE READ OUT AT 


Yes 

✓ 

No 



30) WHETHER EVALUATION REPORT GIVEN TO 
CONTRACT? 

(Attach copy of the bid evaluation report) 


BIDDERS BEFORE THE AWARD OF 


Yes 

✓ 

No 



2/3 




































































































































31) ANY COMPLAINTS RECEIVED 
(If yes, result thereof) 


Yes 


No 

No. 


32) ANY DEVIATION FROM SPECIFICATIONS GIVEN IN THE TENDER NOTICE / DOCUMENTS 
(If yes, give details) 


Yes 


No 

No 


33) WAS THE EXTENSION MADE IN RESPONSE TIME? 
(If yes, give reasons) 


34) DEVIATION FROM QlALlF TION CRITERIA 
(If yes, give detafflfd rcas®s.) 



Yes 


No 

No 


Yes 


No 

No 


35) WAS IT ASSURED BY 
BLACK LISTED? 


36) WAS A VISIT MADE BY ANY OF 

SUPPLIER’S PREMISES IN CONNECTION WIT] 
BE ASCERTAINED REGARDING FINANCING 
(If yes, enclose a copy) 


NCY THAT THE SELECTED FIRM IS NOT 


Yes 

✓ 

No 

:id 


37) WERE PROPER SAFEGUARDS PROVIDED ON M 
THE CONTRACT (BANK GUARANTEE ETC.)? 


38) SPECIAL CONDITIONS, IF ANY 
(If yes, give Brief Description) 



IE PROCURING AGENCY TO THE 
PROCUREMENT? IF SO, DETAILS TO 
IT, IF ABROAD: 


No 


VANCE PAYMENT IN 


No 


Or- 


Yes 


No 

No 


Signature omci.isum^ DIRECTOR 

Authorized g,,, | , ,, r.ni|lj l i 

Khairpur Mu’s 


FOR OFFICE USE ONI Y 


SPPRA, Block. No.8, Sindh Secretariat No.4-A , Court Road, Karachi 

Tele: 021-9205356; 021-9205369 & Fax: 021-9206291 


Print | Save I Reset 


3/3 
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Search Tenders us 


SPPRA ID a Advertisement Closing Upload 

v Department a » Date a * Date a ▼ Date a ▼ City a ▼ 


Tender BERs 

Notice BER Date A CER Date CERs Comgendum Corrtt 

A * * a * a e a v ± Date at A 


Records per page so 


B Columns» £C^ Escort 2E»:e'E»co't 


35264 2147483647 Mehran 

University of 
Engineering & 
Technology ZA 
Bhutto Campus 


2017-11-16 
00 00 00 
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07 2017 

23:59 59 
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MEHRAN UNIVERSITY OF ENGINEERING & TECHNOLOGY. 

SHAHEE1) Z.A BHUTTO CAMPUS KHAIRPUR M1RS 

Phone No.0243-9280314 


No. PD/MUET/KHP/-11 
Dated: 08-01-2018 


Manager (Reforms) 

Sindh Public Procurement Regulator}' Authority, 
Government of Sindh, 

Barrack 8 Secretariat 4A 
Court Road, Karachi. 


SUBJECT: BID EVALUATION REPORT FOR THE TENDER FOR COLORING AND 


PAINTING WORK OF CIVIL ENGINEERING DEPARTMENT AT MEET. 

SHAHEED Z.A BHUTTO CAMPUS KHAIRPUR MIR S. 


Reference:- No:PD/MUET/KHP/-348 Dated: 15.11.2017, SPPRA Sr.No.35264 


The Bid Evaluation Report along with the following relevant documents for the 


subject work have been prepared and are being sent herewith to the SPPRA for hoisting on 
authority's website as per clause 45 of SPPRA Rules 2010 amended. 

1. Copy of Notification of Constitution of the procurement committee. 

2. List of Bids issued and received back duly filled. 

3. Attendance Sheet of the committee members and the representative of contractor. 

4. Bidders qualifications 

5. Record of bid opening. 

6. Bid form along with bid submitted 

7. Comparative Statement 

8. Minutes of Meeting of the procurement committee 

The contract will be awarded to the lowest evaluated bidder after the Bid Evaluation Report is 
hoisted in the authority's website as per Clause 50 of SPPRA Rule 2010 and amended 2017. 



PROJECT DIRECTOR 

Copy f.w.cs. for information to: 

1. The Director (W&SP), MUET, Jamshoro. 

2. Deputy Director, ICPC, MUET SZAB Campus Khairpur Mir’s to uploading Bid Evaluation 
Report on MUET, Shaheed Z.A Bhutto Campus Khairpur Mil 's Website. 

3. The Secretary to Pro-Vice Chancellor, MUET. Shaheed Z.A Bhutto Campus Khairpur Mir's. 
















